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LETTER 


FROM 


THE SECRETARY OF THE TREASURY, 


TRANSMITTING 


Report of the Supervising Architect relative to a vault for the storage of 
silver. . 


DECEMBER 21, 1886.—Referred to the Committee on Appropriations and ordered to 
be printed. 


TREASURY DEPARTMENT, 
Washington, December 20, 1886. 


Sir: The capacity of vaults already constructed for the storage of . 
silver dollars is now practically exhausted. There is, therefore, a ne- 
cessity that provision be made for the storage of silver dollars, at the 
earliest practicable day. The accompanying letter of the Supervising 
Architect of this Department, giving estimates for the cost of a storage 
vault of $100,000,000 capacity, is submitted for your consideration. 

The two estimates being for vaults of different construction, the de- 
termination of Congress is requested as to which should be provided. 


Respectfully, yours, 
D. MANNING, 
Secretary. 


_Hon. JOHN SHERMAN, 
President of the Senate. 


TREASURY DEPARTMENT, 
OFFICE OF THE SUPERVISING ARCHITECT, 
Washington, December 20, 1886. 


Sir: In accordance with your request, I have the honor to submit 
_ the following report regarding the proper location and cost of a suit- 
able vault for the storage of silver dollars in the Treasury building. 
After a careful examination it is found there is no available place 
within the building ; it can, however, be constructed in the court-yard, 
convenient to the elevator and level with the basement floor. This 
location will necessitate the construction of.suitable exterior walls, 
with roof formed of brick arches, between iron beams, and covered with 
asphalt. I have prepared an estimate of the cost of a double steel- 


2 VAULT FOR THE STORAGE OF SILVER. 


lined vault, of sufficient capacity to provide for the storage of one hun- 
dred million silver dollars, which is as follows: 


NKCAVALION O20 Ci VALAS Ob, DOACODITGs oeisee sac oes wc os oto aec cepmitnleieers Ses $1, 633 50 
MWHHOTStO; 1 0049 ANOS 30 DOs ee sean Meee ube lene sc aed leith date scwemetee 1,140 00 
MLC POUT WOW oer es a create eic lalla ae nee San eens cole oey s aelaeel ses iar 50 00: 
Cima te ance, ALO feeb, ab Ge oe cctr'g savas) camnins fewe oie w ae a ale sie efoe wejeicibin ict 1,712 00 
Brick-work, 287 feet, at Pe ees ae eee ioe is Oe ap auwiatots te mists erie Saieate Oy 04000 
Fourteen iron Ae OE RAN Ae Sate eT nN: i hos ER WA DIN 432 00 
Beams and arches for roof, 4,800 feet, at 75 Bates oh. fie uence 3, 600 00 
Concrete and asphalt covering, 4,800 ‘feet, RHISO CONTIG ss wa be cmeeaets ces 1,440 00 
Double steel lining, 9,635 feet, at POAO eee cian ats bos om cawunies fame eee 80,934 00 
Lattice partitions, ‘3 870 feet, at ieee BD bp be Nene Re aie a Fee ane COE Satie sewn 4,992 30 
Whiith Pen Cie aie pike wa ieee oe ao) ole fuses cnt of co miveeatine'ae (wap isle se Coe O00 dee 

GUD sciew cals yk he owe O woiames He okeuuinc se pela los uw sale Mnaiawie Vr SABE oa 106,673. 80 


The cost of constructing a simple vault of the same capacity, but 
without the steel lining or other security than that obtained by sub- 
stantial masonry and iron work, is as follows: 


ORV MOI Os Gace on ore cand) ce er AES oc n o nase eces os rae anaarcteeeie au oisimeinte Ie iets $1,530 00 
Concrete tound ations. 2b ne aoc. asc a seen esetesc a eme eae ee 834 00 
Concrete floor and roof, with asphalt facing ...........-2.0 222-05 eee ee, 2,912 50 
Granite tron, pashlansc os wise soci eccleea ait adn a sacle Seimei sewertin ochc4 2,320 00 
Granite coping-oterront wall reo tet ou Pee acta entschailen lage sacmicesg nate 1,585 00: 
nicica works ie win Soo) cio ah wo Seam coi ia, clas bls oiellaipes can ate ie aioaeie eae 5,980 00 
PGE WECMANE TOOLS hain t5195 toons Vg Sata ah ones cine wae voce p es Waeweewennin 1, 402 50 
ARON ICOMMNG tee sets sega Sorc. secs bus e cian ce tied Sees Sale che eeodeomoes . 280 00 
SOL NGA DIN ODN, oe cuts eae cata s scahated rats aia'e stale eink ais vcicalac das emit areiceis _ 409 50 
PTONEWOLK OlerGatacsct cele ties Soe et amas wie cera calsieniopee yeas beens 1,168 75 
Tron lattice partition and inclosures up to ceiling of briek ALCHOS) Sodus Jes 8, 058 00: 
S MeOlitd 1 PEM CIOR OPEL CONE socks wick vite aciev ae stolen Were mui deen smebel peice aces _ 1,324 00 
sf Br 19 Up eae a te lei pal Sie PO iat hss Art be oe er ream Pee ek 27, 804 25. 


Very respectfully submitted. 
M. E. BELL, 
Supervising Architect. 
Hon. DANIEL MANNING, 
Secretary of the Treasury. 
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